mooo-9so/sooo asssooo aa 



MOBILIZE AND SET-UP 


6d 15JUN15 


22JUN15 


I ESTABLISH ACCESS TO HIGH WALL 


ESTABLISH ACCESS TO HIGH WALL 


23JUN15 


23JUN15 


SUPPORT HIGHWALL - MESH & BOLTS 


SUPPORT HIGHWALL - MESH & BOLTS 


24JUN15 


25JUN15 


I EXCAVATE HIGHWALL TO SILL LEVEL 


EXCAVATE HIGHWALL TO SILL LEVEL 


26JUN15 


26JUN15 


■ SET-UP PUMPING SYSTEM 


SET-UP PUMPING SYSTEM 


30JUN15 


29JUN15 


■ INSTALL DRAINLINE 


INSTALL DRAINLINE 


01JUL15 


02JUL15 


mm INSTALL PORTAL PIPE 


06JUL15 


08JUL15 


I BOLT TUNNEL BROW 


BOLT TUNNEL BROW 


09JUL15 > 09JUL15 


REESTABLISH ACCESS TO PORTAL 


REESTABLISH ACCESS TO PORTAL 


10JUL15 1 13JUL15 


CLEAN & SUPPORT 100' OF TUNNEL 


CLEAN & SUPPORT 100' OF TUNNEL 


14JUL15 


20JUL15 


FABRICATE & INSTALL PORTAL GATE 


FABRICATE & INSTALL PORTAL GATE 


21JUL15 


23JUL15 


DEMOBILIZATION 


DEMOBILIZATION 


24JUL15 


28JUL15 


"HSi Early bar 


Summary bar 

EPA 

GOLD KING MINE - PORTAL REOPENING 

HARRISON WESTERN CONSTRUCTION 
1208 QUAIL STREET 

■H Progress bar 

4 ^ 

Start milestone point 

LAKEWOOD, COLORADO 80215 
phone 303-234-0273 fax 303-237-9868 

iWfa Critical bar 

♦ 

Finish milestone point 




Environmental Restoration, LLC 


USEPA Region 6 
Request for Proposal GB-1S 
Portal Opening and Support 

Due August 08, 2014 3PM Mountain Time 


Attachment B 


Schedule of pricing 

RFP# G8 -15-001 Gold King 

Item 

Description 

Est, Volume 

$ Per Unit 

Total 

1.0 

Mobilization 

Lump Sum 


$ 4oOCP. oo 

2.0 

Rate Sheet 
Attach separately 




3.0 

Demobilization 

Lump Sum 


$ ISiOOC? 

4.0 

Bond Costs 

Lump Sum 

f 1 .Solo 

4 cC c or'-'VtXfcjf Dc4jj 

5.0 

Total Cost (Items 1, 3 &4) 

$ OOm> 

Note: Alt charges, including up to five required onsite meetings for both superintendent and senior engineer antidpated to be 

part ofcompisifon etttm scope of writ should be mduded tn the atom bid. These charges Include such items as alt eppScabfe 
taxes, license fees, handling fees ate. 

Unbalanced bids, as determined through comparing bids to distribution of historic costs using the some technology , will either be 
mttirrsed for ct&rBjcatkm or removed from consideration, at the sole discretion of ER, 

Company Name: Harrison Western Const. Ccrp . 

Date: 08/08/2014 

Prelect /Technical Contact; Chris Hassel 

Phone: 303-234-0273 

EPA ID#: 



Please refer to RFPti G&-1&-0Q1 regarding oormspomimKe to your quotation. Any questions please contact the 
representatives below. Bid Dm date defined within RFP, 


Submit Proposals to; 


Attention; 


Environmental Remediation LLC 
1666 Fabjck Drive 
St. Louis, MO 63026 
Jan Rick, Purchasing 


636.680.2416 Phone 

638.680.2477 Fax 

E-mail to RFQ@ERUC.COM 


ED 000552B_00057 056-00002 


r KiVSRONMFNT A! 




Hllll i lilft 

| : 

feS®! .J&MM. ' l 

h VKBi PH 
■P9hhm» «y 

1666 FABICK DRIVE 
ST. LOUIS, MISSOURI 63026 
PHONE (636) 227-7477 
FAX (636) 227-6447 
www.erllc.com 

Purchase Order: 

Date: 08/20/14 

PO#: 10429 



RESTORATION 

Vendor Information 



IMPORTANT INSTRUCTIONS 

» PLEASE NOTE: Environmental Restoration, LLC Is not a sales tax 
exempt company. 

> All terms, condition® end Instructions set forth In this transaction are 
slated on the face and reverse side of this Purchase Order. 

> AH invoices must show the Job Code/PO# to be processed for 
payment. 

» immediate or weekly Invoicing is encouraged. 

> All Invoices will bo approved by ER for all servicoa/m aterl al t received 
by the project before payment will be made 

>Terms etart ort date of an approved Invoice 

> ALL INVOICES MUST BE RECEIVED WITHIN 90 DAYS OF THE 
COMPLETION OF EACH DELIVERY TO BE VALID FOR PAYMENT. 


Dale 

8/19/2014 


Requestor 

M. Lacbern 


Job Code 

GK8-51 


Cost Code 

5300.006 


ITEM MATERIAL, SERVICE, DESCRIPTION OF WORK 


5300.006 


5300.006 


5300 006 


5300.006 


Per RFP ft GB-1 5-001 


Goid King Mine (7 Level Adit) 


Rate Sheet Pricing as included wfm HW Bid 


Project Manager 


Lead Minor 


Lead Miner OT 


Forklrft 


Diesel 


Electric Welder 


Jaekieg 


Pick-up ■■ 


Slusher 


Excavator 


Generator 


Skid Steer 


Compressor 


Fan 20 hp . 


Tool Traitor . 


Tugger 


Per Diem 


Demobilization 


"'SsTp'pto 


markup (receipts required) 


1 


QTY 


1H ours Each 


re Each 


Mi 


* 2 . 


&/ «wl 


3 /“te { 




3 * -w 

«i *<Z -aotl 


JLM 


3 ' 




5 i m 




31 




jf/ -4# Per day 


Lump Sum 


‘ HoufsE 


[Hoyrs Each 


Hours Each 


Per day 


I Per day 


Par day 


UNIT 


Far day. 


Per day 


Per day. 


Per day 


Per day 


Per day 


Per day 


'Per day 


Payday 


Per day 


Lump Sum 


i Lump Sum 


Terms: 60 Days 


PRICE 


4,000.00 


106.00 


76,00 


96.00 


201.00 


276.00 


260.00 


65.00 


2500 


75.00 


175-00 


400.00 


32 5.00 


300.00 


125.00 


175.00 




moo 


120.00 




15.000.00 


Subtotal! 


Bond coats (1.50% of contact value as per HW Bid) 


llllump Sum 


2,083.05 


Total 


N ot To Exceed! 1 ' $140,953,05 


AMOUNT 


$4,000.00 






SiLWMSt 










■^fsToo! 


JWS@rWT 


.,$£300*00 - 


,J%a9ftQ0 


$ 5 , 850.00 1 


$5,400.00 


$2,250-001 


§3,150.00; 


$ato.ool 




$&4fcW{ 


juftoetro fli 




$15.000.001 


$138,670.00 


S2.O83.0& 


$140,953.05 


.All terms sod conditions per RFP # GT8-14-001 dated 7/29?14 are in effect, This PO does not guarantee the work will be performed, end makes no guarantee of QuapjjUes. 
lActual quantities may be greater than or less that the quantty specified. Alt invoices must be detailed wilh quantities and be approved by ER Manager before payment will be 
1 pr ocessed. ___ 


For Environmental Restoration Use; 


Vendor __ 
Date: 


R&ztmtf 01 / 02/14 
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